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Commissioner of Engineering 


CONTRACT NO. RHW-77-32 (SH) 


ee of KING STREEY WEST - 
rom Bay Street to Dundurn Street. 


- 


PERFORMANCI OF CONTRACT BOND NO. 1902548 


KNOW ALL MEN f THESE PRESENTS THAT STANDARD PAVING COMPANY, 


@ A DIVISION OF STANDARD INDUSTR > LIMITED as Principal, 
hereinafter called the Principal, and 
CANADIAN GUNERAL INSURANCE COMPANY as Surety, 

hereinafter called the Surety, and held and firmly bound unto 

THE RNGIONAL MUNICIPALITY OF HAMILTON-WENTWORTH as Obligee, 
hereinafter called the Obligee, in the amount of FOUR HUNDRED AND SEVENTY-TWO 
THOUSAND, EIGHT HUNDRED AND THIRTY-TWO AND ----=-~---=<-= 
a Renee De es ee ee ee eee 12/100 Dollars. 


(¢ 472, 832..e2lawful money of Canada, for the payment of which sum, well and 
truly to be made, the Principal and the Surety bind themselves, their heirs, 
executors, administrators, successors and assigns, jointly and severally, 
firmly by these presents. 


x 


WHEREAS the Principal has entered into a written contract with the Obligee, 

dated the Soh day of JULY. 1977 , for CONTRACT #RHW-77-32(SH)~ 
RECONSTRUCTION OF KING STREET WEST FROM BAY STREET TO DUNDURN STREET 

in accordance with the plans and specifications submitted therefore which 

contract, plans and specifications and amendments thereto, to the extent 

herein provided for are by reference made part hereof and are hereinafter 

referred to as the Contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, if Principal 
shall promptly and faithfully perform all stipulations and agreements in 
said Contract then this obligation shall be null and void; otherwise it 
shall remain in full force and effect. 


Whenever Principal shall be, and declared by Obligee to be in default under 
the Contract, the Obligee having performed Obligee's obligations thereunder, 
@ the Surety may promptly remedy the default, or shall promptly 


(Ca); Complete the Contract in accordance with its terms and conditions, or 


(2) Obtain a bid or bids for submission to Obligee for completing the 
Contract in accordance with its terms and conditions, and upon 
determination by Obligee and Surety of the lowest responsible bidder, 
arrange for a contract between such bidder and Obligee and make 
available as work progresses (even though there should be a default 
or a succession of defaults under the contract or contracts of 
completion arranged under this paragraph) sufficient funds to pay 

the cost of completion less the balance of the contract price; but 
not exceeding, including other costs and damages for which the 

Surety may be liable hereander, the amount set forth in the first 
paragraph hereof. The term "balance of the contract price", as used 
in this paragraph, shall mean the total amount payable by Obligee to 
Principal under the Contract, less the amount properly paid by Obligee 
to) Praneipeal. 


No right of action shall accrue on this Bond to or for the use of any 
person or corporation other than the Obligee named herein or the heirs, 
executors, administrators, or successors of Obligee. 


IN TESTIMONY WHEREOF, the Principal has hereto set its hand and affixed 
its seal, and the Surety has caused these presents to be sealed with 
its corporate seal duly attested by the signature of Jes Attormey—in-— 
facie, Chis Sita day of JULY, 19°92 


STANDARD PAVING COMPANY, A DIVISION OF 
STANDARD IN STRIES LIMITED 
BY ; é 
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2 Bloor Street East The Workmen’s Compensation Board 
Toronto, Ontario 


M4W 3C4 
Telephone (416) 9658666 TO Regional Municipality of 


Hamilton-Wentworth 
i] 


June 14, 2977 


Regarding Firm 210-004 


Standard Paving Company 
Divas ton  OmeStanGdate VEndusitates anede 


Re: Contract RHW-77-32 (SH) 


Gentlemen: 


The above mentioned firm has complied with the requirements of the 


Workmen's Compensation Act and is in good standing as of this date. 


Under Section 9 of the Act the principal is liable to pay any assess- 
ment for which the contractor is liable and does not pay. For his 

own protection the principal should therefore require the contractor 
to produce evidence that he is in good standing with the Board before 


final settlement is made. 


Collection Section 
Revenue Branch 


When writing the Board please quote the above file niimber 


Royal Insurance | 


HEAD OFFICE — CANADA 
20 SCOTT STREET 
TORONTO, ONTARIO 


CERT LFIGCATE OF INSURANCE 


DATE: 


June 14, 1977. 


that Policies of insurance as herein described have been 
issued to the insured named below and are in force at 
this date. 


ry 
oy 


Toronto Commercial Branch, Suite 1400, First Canadian Place, P.O. Box BT 


a MSE 1L5 
er. This is to Certify to: 
v7 
The Regional Municipality of Hamilton - 
Wentworth 
ihe = 
insurer: The Western Assurance Company 
BRANCH ADDRESS: 
Toronto, Ontario 
Fold Name: Standard Paving Company 
INSURED wpopness: DIVISION. Of Standard industries Ltd. 


LOCATION AND OPERATIONS TO WHICH THIS 


CERTIFICATE AppLies: Contract No. 


This Certificate is issued as a matter of information only and confers no rights 


RHW-77-32(SH) 


on the holder and imposes no liability upon the Insurer. 


KIND OF | pOLicy” 


| EXPIRY DATE LIMITS OF LIABILITY as 
POLICY NUMBER D =| M | Y BODILY INJURY PROPERTY DAMAGE 
| eae ea AGGREGATE pees AGGREGATE 
PERSON OCCURRENCE ACCIDENT 
PUBLIC LIABILITY 45927655 | 31 3 78 
(Except Automobile) 
ise oe Included [X 
Cee Excluded |_| 
$1,000,000. INCLUSIVE LIMIT 
(One Million Dollars) 
pe apa Leathe EACH EACH RR Tevae peetN 
My RAR as 
PERSON ACCIDENT aiacites 
EMPEPOMVERS EVAR tie ys 
Included 
A8778298 | 31 3° 78 
AUTOMOBILE LIABILITY|s ¢ 1,000,000. INCLUSIVE LIMIT 
ANouned Vehicles 1x (One Million Dollars) 
A\\ hired vehicles [x| 
= tenaara Mai Gnvand (.g Included in sea ue thls ess 
ONG = . 
Specific vehicles only’ CJ[POTicy #5527655 EACH EACH 
= NCE |; 
[4 PERSON OCCURRENCE 
fi) 
I | 
OTHER (Describe) 


Fon) 1269 (Rev. 76) 


oa 
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CONTRACT Ri'd-77-32(SH) 


Addendum #2 


This Addendum shall be incorporated into and form part of the 
contract documents. 


Ae 


os 


Schedule of Quantities and Prices 


A) Delete page 6 originally issued and insert revised page 6 
issued herewith - "Change" Item #3 


B) Delete page 7 originally issued and insert revised page 7 
issued herewith - "Change" Item #14 


C) Delete page 8 originally issued and insert revised page 7 
issued herewith - "ChangelItem #16a 
- "Change'Item #18 


Sidewalk Reconstruction North Side of King Street from 
Bay Street to Caroline Street 


Include in the unit price bid for the sidewalk reconstruction 
to protect all existing trees and to replace as existing. 


Parking Meters 


The Traffic Department will remove parking meter heads. 
Included in the unit price bid for sidewalk reconstruction 
shall be the cost of removing and disposing of parking meter 
posts. 


Prior to construction of the new sidewalk the traffic department 
will provide either inserts or posts to be installed by the 
Comb raeLons 


Supplementary Instructions to Bidders 


Delete Section 2 on page 1. he ; : 
SFCTTON 2ZO00.0N.10 ef the Standand Specifications "Book A’ shall 


apply i 2ts entinety 
Water Services and Watermains 


All water services and watermains broken or damaged during 
construction will be repaired by Regional forces at the 
contractor's expense. 


For repairs phone 526-4426 between 8:00 a.m. and 5:00 p.m. 
or 526-0241 after 5:00 p.m. 


Sidewalk Marking Pattern 

Attached find Drawing No. 76-!i-904, Sheet 8 of 8 showing the 
Sidewalk marking pattern. The cost of this marking is to be 
included in the unit price bid for sidewalk reconstruction. 


Intersection of Queen and King Streets 


Attached is a photocopy of the above intersection showing the 
revised limit of roadway construction. 


CONTRACT RiW-77-32 (SH) 


Pre-Tendering Meeting 
2300 rT. 
Wednesday, 1 June 1977 


Room 213 2nd Floor, City Hall 


Present: Region 


Mr. G. J. Stone, Director Engineering Services 

Mr. J. W. Koshurba, Project Design Engineer (Sewers) 
Me. FF. J. Berman, Project Construction Engineer 

Mr. P. D. Anderson, Construction Engineer 


City “of Hamilton 
Mr. W. Howard, Traffic Department 


Ohestiliaine ase 


= 


fr. B. Wild, Hamilton Hydro 
Mr. G. L. Roberson, Bell Canada 


= 


Contractors 


R. E. Beveridge, Dufferin Construction 

cr. G,. Thomson, s. MeNally § sons 
. E. Paska, Standard Paving Limited 

r. S. Dinning, Standard Paving Limited 
B. Allaby, Wm. Groves Limited 
L. J. Groves, Wm. Groves Limited 
B. Baillie, Agnew-Baillie Contracting 
P. Strychowsk], A. Cope 6 Sons Limited 
A. F. Sutherland, A. Cope & Sons Limited 
E<« Re Mill, Baldasaro © MacGregor Ltd. 
D. C. Jerome, King Paving & Materials 
J 
A 


= 


ip, ee Le 


= 


= 


evar Srp eanats 


Duggan, Bandiera & Associates 
7 i. Freez. Daneen Construction 
M. Dmitruk, Stanton Pipes 


San) ree Bgre ee ae end 


The following sections of the Contract, "Special Provisions" were 
discussed: 


Sece vom 2.2  backral ling 


We COMricacinons koe etelbwalserel qelojshe qwinsts Selec Wey Cie eine Werteaercie iwwlll lee 
strictly enforced and that no deviation will be allowed. 


Section 2.3 Trench Widths 
section 2.4 Sheathing € Shoring 


The method of construction shall be determined by the contractor and 
approved by the Engineer. 


If the close sheathing method is used all close sheathing materials 
shall be removed. 


Section 2.15 Co-ordination of Work and Working Hours 

Work contemplated by others is as follows: 

a) Hamilton Hydro Electric System 
Street lighting poles to be installed after installation of 
new curb. Hydro duct run to be installed after existing side- 


walk is removed. 


Comincsicitcis Als 4ee) enmieceiere Wha, iBnablecy Wallel Cie elas Isa Ss Sue 
528-6321 to co-ordinate this work. 


b) Bell Canada 
There is one crossing to be made at the intersection of Ray Street. 


Contractor Ws tO Contact Meo. Les Robersom of Belli Canada at 
526-5703 to co-ordinate this work. 


The contractors were advised to bid the work to be done between the 
Inewoueks Gne PPO) “aleiny hare! Give, 


If the successful bidder wishes to work earlier than 7:00 a.m. and 
later than 10:00 p.m., approval will have to be obtained from City 
.Council., This approval cannot be guaranteed at this time. 


Section 2.16 Traffic Requirements 


Attached is a memorandum from the City of Hamilton, Traffic Department 
detailing the proposed detour routes. 


The contractor is responsible for all barricades and delineators within 
the limits of construction and erecting signs and barricades east of 
Bay Street to reduce traffic from 5 lanes to 2 lanes. 


General 

1. Water Services and Watermains 
All water services and watermains damaged or broken during 
construction will be repaired by Regional forces and charged to 


the contractor. 


For these repairs, contact the Regional Water Maintenance 
Department at 526-4426. 


2eieees 


The trees in the sidewalk on the north side of King Street between 
Bay Street and Hess Street are to remain, 


The contractor is to protect these trees and replace brick pavers 


encour emese, Wes Wee Cus acl Gronel< als Goo. loys aharediielexcl mn TelevS 
unit price bid for the sidewalk reconstruction. 


3. Parking Meters 


The Traffic Department will remove the Parking Meter Heads. The 
Contractor is to remove and dispose of the posts. 


Prior to pouring new sidewalk, the Traffic Department will provide 


either inserts or posts to be installed by the Contractor at 
locations designated by the Traffic Department. 


4, Supplementary Instructions to Bidders 


Delete section 2 on page 1 of the Supplementary Instructions to 
Bidders. 


Section 200.04.10 of the City of Hamilton, Department of Engineering, 
Standard Specifications Book "A" shall apply in its entirety. 


Se Dust Control 


In the“event that calcium is required tor dust control, the cost 
will be borne by the Region on a cost-plus basis. 


Te. &. Engelbrecht 
Secretary 

Office Manager 
Engineering Services 


Attach 


Rew 


Bi sic lime 
TRAFFIC COMMISSIONER 


DESJARDINS, ©. ENG., 
Mental ince 


THE CORPORATION OF 'HE City OF HAMILTON 


OF FIGE OF 


DEPARTMENT OF TRAFFIC 
Hamitton, ONTARIO 
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Contract RHW-77-32 (SH) 


ADDENDUM #1 


This addendum shall be included in and form part of the 
Conenact DocunemEes: 


Drawings 


Please insert drawing #W.S. 312 (attached) omitted from 
Contract Drawings. 


Department of Engineering 
26 May 1977 


LIES UE OVE! CONTRACT DOCUMENTS 
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CONTRACT NO, RHW-77-32 (SH) 


The following shall form the Contract Documents: 
Addenda numbered to 
List of Contract Documents 
List of Contract Drawings 
* Manual of Standard Specifications and Drawings, Books '"'A" 
and "B'', the Current Edition of which has:-Books "A" Index 
dated February 2nd, 1973, and issued on February 5th, 1973 
Book '"B''- Indexes to Roadway, Sewer and Water Works Standard 
Drawings, dated 2nd February 1973 and issued on 5th February 
WS poe 
Tender Notice 
Contract for Works (RHW Form 003) 
Performance Bond 
Form of Tender (RHW Form 002) Including 
Schedule of Quantities and Prices 
List of Sub-Contractors 
Price Schedule for Extra Work 
Supplementary Instructions to Bidders 
Special Provisions Respecting Revisions to Manual on Standard 
Specifications and Drawings, Book '"'A'' and "B" Latest 
Edition 
Special Provisions 
Special Provisions Respecting Contingency Allowance 
Special Provisions Respecting Time to Complete Work 
Special Provisions Respecting Federal & Ontario Retail Sales Tax 
Wage Schedules = City of Hamilton 


* These Standard Specifications and Drawings are not bound in the 
Contract Documents: 


Manual on Standard Specifications and Drawings, Books "A" & '"'B" 
are available for a fee of FORTY ($40.00) dollars from 
the Department of Engineering, 3rd Floor, City Hall, Hamilton 


REGIONAL MUNICIPALITY OF HAMILTON-WENTWORTH 


! 


LIST OF CONTRACT DRAWINGS 


CONTRACT NO. RHW-77-32 (SH) 


NOTE: The drawings listed herein below form a compliment to the 
Specifications governing the work in this Contract. The 
drawings illustrate generally and in detail, the nature and 
extent of the work to be performed. 


PLANS AND PROFILES 
Drawing No. Sheet No. Description 


77-S-713 hy 2, 3. 43°56 5S Kine Street West from Dundurn street 
to Bay Street. 


77-S-713 667 King Street West Intersection Details 
77-S-713 8 King Street West Details 
77-H-904 1, 2, 3, 4,6 5 King Street West from Dundurn Street 


to Bay Street 


77-H-904 667 Cross Sections - King Street West from 
Dundurn to Bay Street 


RS 2006 i Typical Underground Traffic Layout 


RS 2007 1 Typical Installation of Ductwork for 
Traffic Control Devices 


Wiest cone Standard 16" dia. valve chamber for 
Doe ape. 


Standard Detail Drawings 


Manual of Standard Drawings - Book ''B" 


THE REGIONAL MUNICIPALITY OF HAMILTON-WENTWORTH 


DEPARTMENT OF ENGINEERING 


Tene Dake een Or ad CoE 


CONTRACT NO.: RHW-77-32 (SH) 


Sealed tenders for the above, as specified herein, will be 
received up to 11:00 a.m. (local time) FRIDAY 

10 JUNE. 1977 c/o Regional Clerk, 38th Floor, 
Century 2i,, 100 Maan Street East, Hamilton. 


Public tender opening at 11:00 a.m. in the committee room 
of the Regional Clerk's office. 


Cz) All tenders must be filed on the date 
specified. 


(ii) Tenders received later than the time specified 
will not be accepted regardless of the postal 
cancel date. 


(iii) Instructions to Bidders - Refer to Ham. Form 
NOOR 


RHW: Form 003 


DATE: /th March 74 
of 


CONTRACT FOR WORKS 


THIS AGREEMENT made the twenty-seventh day of Rtas one 
thousand, nine hundred and seventy-seven 
BETWEEN - Standard -Raving -Gompany-sseeeeeees 


eeoeceereer ere eee eee eee er ewr eer eee eer eesee seve 


(hereinafter called the "Contractor') 
and THE REGIONAL MUNICIPALITY OF HAMILTON -WENTWORTH 


(hereinafter called the "Region") 


WITNESSETH, that the said Contractor covenants and agrees with the 

said Region that in consideration of the payments to be made by the 

said Region in manner and at the times hereinafter mentioned, and the 
said Contractor will do and perform the whole of the works and 
manufacture, furnish, supply, deliver and install the materials or 
equipment hereinafter mentioned, with due expedition and in a thoroughly 
workmanlike manner, in strict accordance with the Tender, Manual of 
Standard Specifications and Drawings, including Special Provisions and 
addenda, letters related thereto hereunto annexed and the drawings 
therein referred to, all of which are made part of this contract as if 
embodied herein and will furnish all materials, tools, plant, machinery, 
labour, and workmanship required for the said works, together with 
transportation of the same, and all other things necessary for the due 
and proper execution of the said works in manner aforesaid and will do 
all such work and furnish all such materials according to the directions 
and to the satisfaction of the Engineer for the time being of the said 


Regional Municipality of Hamilton-Wentworth. 


«Ot The Works referred to in this agreement consist of: 


Contract No. RHW - 77 -32 (SH) 


Reconstruction of King Street West from Bay Street 


osovreeeeree eevee er eee ese ereere eee eee e eevee eee eee eee ee eee eee oe 
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RHW: Form 003 


DATE; LZ Mareh 6 
PACH< 2: tof. 25 


The said Contractor agrees that he/it will commence the said works 
when required and ordered by the Commissioner of Engineering, and 

will proceed therewith at a rate satisfactory to the Commissioner of 
Engineering, and will complete the same within time prescribed in 
"Time for Completion and Liquidated Damages" after notification from 
the Commissioner of Engineering to proceed with the work and that 

if the said works shall not have been completed or said materials 
supplied and delivered when ordered before that date the said Contractor 
will pay to the said Region the sum prescribed in "Time for Completion 
and Liquidated Damages", for every working/calendar days beyond the 
date of the said works shall remain incomplete, which amount may be 
recovered as a debt, or may be set-off against any money payable under 
this contract or otherwise. 


It is hereby provided and agreed that if the said Contractor shall fail 
in any way in the performance of the covenants herein contained, or 
shall neglect to perform the said work and furnish materials therefore 
or deliver the supplies when ordered to the satisfaction of the 
Commissioner of Engineering, or to proceed with the work with such 
despatch as he shall require, then and in every such case, it shall 

and may be lawful for the said Region and they are hereby empowered, to 
enter upon, and complete the said works, and for that purpose to take 
possession of all plant, machinery, tools and materials provided therefore 
by the Contractor, or to enter into a contract with any other person or 
persons who may agree to execute such works, or deliver such supplies 
and further that the said Contractor shall forfeit and pay to the Region 
the difference, if any, between the price the said Region may have to 
pay for the completion of such works and delivery of such supplied 

and the price herein agreed to be paid. 


The said Region covenants with the said Contractor that if the said work 
shall be duly and properly executed and materials provided as aforesaid, 
according to the directions of the said Engineer and to his satisfaction 
within the period aforesaid, and if the said Contractor shall observe all 
the provisions, terms and conditions of this contract, they, the said 
Region will pay the said Contractor, for the said work and materials, 
and for all articles or equipment supplied and delivered the price or 
sum of 


Nine hundred and 
fourty-five thousand, six hundred and sixty-four ------- 25/100 Dollars 


eoeeoreerovef® oo e ee ee oeocoteeeeoevreeerseeeao#eeone7eoe eee eeeeereee eevee eseeeeeeeee aoe 8 


($945,064.29 ) 
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RHW: Form 003 


DATE: 17th March 76 
PAGE : 3 of 5 


Cont'd ee oe ee ee 


in accordance with the terms of payment in the special provisions 
and general conditions upon progress or interim certificates 
signed by the said Engineer, provided that no money shall become 
due or be payable under this contract unless or until a certifi- 
cate that such money is due to the Contract shall have been 
signed by the said Engineer, the possession of which certificate 
is hereby made a condition precedent to the Contractor's right to 
be paid or to maintain any action for such money or any part 
thereof. 


And the Contractor covenants with the Region that he/it will from 
time to time, and at all times,indemmify and save harmless, the Region 
from and against all claims, demands, law suits, expenses, damages, 
injuries, actions, cause of actions, suits, interest, liens and 
costs whatsoever on account of the said works, or on account of 

the non-delivery of the said articles or equipment, or on account 
of the installation or building of the said works, or which 

may be incurred by reason of or in consequence of the execution 

or non-execution or defective or negligent execution thereof, or 
the supply or non-supply of any plant or material thereof, and will 
pay to the Region on demand, any expenseg loss, costs, interest 

or damages which may be sustained by it by reason of or in conse 
quence of any such actions, suits, claims, demands, liens, injuries 
or causes of action, and any monies paid by the Region in settlement 
or discharge thereof, or on account thereof, may be deducted from 
any monies payable to the Contractor, in the hands of the Region, 
on account of this contract, or may be recovered from the 
Contractor as monies paid at his/its request; and the Contractor 
hereby authorizes and empowers the Region and its Solicitor to 
negotiate, settle or defend any such actions, causes of actions, 
suits, claims, liens or demands as the Region and its Solicitor may 
decide in their complete discretion, and the Contractor hereby 
agrees to ratify and confirm all the acts of the Region and its 
Solicitor in that behalf, and to pay to the Region on demand its 
reasonable cost of defending, negotiating or settling any such 
suits, claims, demands, actions, causes of actions or liens as 

they may in their discretion deem so to do, and such monies may 

be deducted from any monies payable ny the Region to the Contractor 
held by the Region on any account of the Contractor whatsoever. And 
further, any petition in Bankruptcy of the Contractor or other 
Assignment or Liquidation for the benefit of Creditors shall be 
deemed to be a default by the Contractor under this contract, and 
any lien unpaid after demand to pay therefor within five days, by 
the Region, other than a lien of the Contractor, registered against 
the lands affected by this contract, shall be deemed to be a 
default by the Contractor under this Contract. 


Oo 


oS 
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All workmen, except indentured or other bona fide apprentices, 
employed in the performance of the work mentioned in these 
specifications shall be paid at a rate of wages not less than 
those shown on the current City of Hamilton Wage Schedule for 
Various Building Trades as Applied to City Tenders and As Agreed 
Upon By Union Agreement Or As Recognized By the Hamilton Building 
Contractors! Association, Organization, or Trades. 


The said Region shall be at liberty to pay any moneys due or to 
become payable under this contract in or towards payment of any 
wages or other moneys which may be owing by the Contractor to 
any workmen or sub-contractors or other persons for work done in 
connection with this contract, or of any moneys which may be 
owing for materials supplied for the works hereby contracted for, 
and before payment of any moneys under this contract the Region 
may require the Contractor to make a statutory declaration as to 
what moneys, if any, are owing for such wages, work or materials, 
or that the same have all been fully paid. 


DATE: 17 Mareh 7 76 
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IN WITNESS WHEREOF the said parties have hereunto affixed their Seals, 


Signed, Sealed and Delivered 
in the presence of 


FOR 
2tanderd. Paying. Company, .... eee a, 
Name of Contractor 
4A Y 
re Ce 
wisteve i ee re earn eee 


a 


. Authorized Signature(s) 


ere © @ o O\@ @ b-4.-6 0 © 0 oe @ @ ofe @ eeereeee i =e 8 ® ®@ ® ee eee eeaeeeve eoecooeeeeee oeeeee e@eoeeveee e 


(Witness) 


FOR THE REGIONAL MUNICIPALITY OF 
HAMILTON-WENTWORTH 
ae 


aes » 

hi los 
i 

C7, 7p 5h 

Sa Duels Ooxeas 


(Lx. Wiehe ae 
ewoee a ae eR ee 
/ Regional Clerk 


= eee ? 2 a 2 4 
gee aks eas ( 
APPROVED AS TO FORM eter e cree w ies SER SRS SNOT PI Tey” SEIN PEO ROROAE) 
_ Commissioner of Finarice 


Nt aes ees 


© @ eee e eeceoce eee soe eee © & 


Pema ee : : 
/> Commissioner of Engineering 


Date 


PERFORMANCE OF CONTRACT BOND 
KNOW ALL MEN BY THESE PRESENTS THAT 
as Principal, 
hereinafter called the Principal, and ' 


as Surety, 
hereinafter called the Surety, and held and firmly bound unto 


as Obligee, 
hereinafter called the Obligee, in the amount of 

Dollars. 
(Ss ) lawful money of Canada, for the payment of which sum, well and 


truly to be made, the Principal and the Surety bind themselves, their heirs, 
executors, administrators, successors and assigns, jointly and severally, 
firmly by these presents. 


WHEREAS the Principal has entered into a written contract with the Obligee, 
dated the day of ES Or 


in accordance with the plans and specifications submitted therefore which 
contract, plans and specifications and amendments thereto, to the extent 
herein provided for are by reference made part hereof and are hereinafter 
referred to as the Contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, if Principal 
shall promptly and faithfully perform all stipulations and agreements in 
said Contract then this obligation shall be null and void; otherwise it 
shall remain in full force and effect. 


Whenever Principal shall be, and declared by Obligee to be in default under 
the Contract, the Obligee having performed Obligee's obligations thereunder, 
the Surety may promptly remedy the default, or shall promptly 


(1) Complete the Contract in accordance with its terms and conditions, or 


(2) Obtain a bid or bids for submission to Obligee for completing the 
Contract in accordance with its terms and conditions, and upon 
determination by Obligee and Surety of the lowest responsible bidder, 
arrange for a contract between such bidder and Obligee and make 
available as work progresses (even though there should be a default 
Or a succession of defaults under the contract or contracts of 
completion arranged under this paragraph) sufficient funds to pay 
the cost of completion less the balance of the contract price; but 
not exceeding, including other costs and damages for which the 
Surety may be liable here inder, the amount set forth in the first 
paragraph hereof. The term "balance of the contract price", as used 
in this paragraph, shall mean the total amount payable by Obligee to 
Principal under the Contract, less the amount properly paid by Obligee 
OM Piame pals. 


NOuright Ormaction shallvacenue on this) Bond to om for the use of any, 
person or corporation other than the Obligee named herein or the heirs, 
executors, administrators, or successors of Obligee. 


IN TESTIMONY WHEREOF, the Principal has hereto set its hand and affixed 
its seal, and the Surety has caused these presents to be sealed with 
its corporate seal duly attested by the signature of its Attorney-in- 
EGVCIE Relaalts day of US) 


Preaioveratjoys) It Surety 
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POR Mw 9OCF Ton ON Dien 


Contract RHW-77-32 (SH) 


eoeeereevee eweaneree eevee eee eae eeeeereeer eee eee ee ee ° oeeesoeee eee ee 


Tender by: 


Name: eeeeroeoeestenteeeee standard Paving, Company 


Incorporated Under the Laws of: .... Optario.. SR ae eats 
(Specify Province, Canada or otherwise) 


Business Address: Box. 65 | Station B Hamilton, Ontario Tei, 7Vi 


eoeoeocerereer wn eeeer eee eee rveevreeeeeeevrsteseovetoevevese 


Head Office Address: 12% Lawrence Rd. W.,, Toronto, Ontario, M6A 1E4 


To 


sOL Contract Price 
t/We the undersigned, having examined the locality and site of work as 
well as all the Contract Documents, hereby tender and offer to enter 
into. a2 contract to furnish all material, and to perform and complete 
all the work in accordance with Contract Documents to the satisfaction 
of the Engineer and to comply with all conditions specified therein, 
at and for the price or sum shown on the attached Schedule of Prices 


on a Unit Price Basis for the total Contract Price of: Nine hundred and 


forty-five thousand, six hundred and sixty- POUt ea eer --25 /100 Dollars 


ceooeveocreeee eee eee eee ee 
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DATE : Ist January vi 
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O02 Quantities 


The total Contract Price is compiled from the Schedule of Quantities 
and Prices included in this Form of Tender. The quantities in the 
Schedule are approximate. {Z/We agree that the final valuation will 
be made on the basis af quantities measured during and on completion 


of the work at the prices in the Schedule. 


203 Completion 


/y/We agree to complete the work within the prescribed "Time to 


Complete Work and Liquidated Damages". 


.04 Addenda 
/Y//We acknowledge that we have received Addenda numbered ay 
to 2 inclusive, and the Tender Price includes the provision 


set out in such Addenda, 


-O> Contract 
It is understood and agreed that a binding contract exists upon 
acceptance of this Tender by Regional Council and that subsequent 
execution of the contract documents is a formality and not a condition 
precedent to the existance of a binding contract. The documents listed 
in the List of Contract Documents for this contract/project shall 


constitutute the Contract. 


- 06 
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Execution 


If this Tender is accepted and contract awarded to pi¢/us, I/We 

hereby agree to execute the contract, in triplicate, within ten 

days of notification of acceptance of tender, and upon such execution 
to provide a Performance of Contract Bond in an amount equal to 


fifty percent (50%) of the amount of the tender. 


Bid Bond 
A bid bond in the amount of $ ...5%........ representing five (5) per- 


cent o£ this Tender is attached hereto. 


In the event of default or failure on py¥/our part to execute the 
contract as above prescribed and to provide therewith the necessary 
Performance of Contract Bond, the Region shall declare the Bid 

Bond forfeited, and the Bonding Company shall forthwith pay to the 
Region an amount equal to five percent (5%) of the total amount of 
the tender. Upon such default, the Region shall be at liberty to 
accept the next lowest of any tender, or to advertise for new 
tenders, or to carry out the works in any manner deemed in the best 
interests of the Region, and 7Z/We hereby agree to pay the said Region 
the difference between my/our Tender herewith and any greater sum 
which the Region may be obliged to pay by reason of such default or 
failure including the cost of any advertisement for new tenders; 


and generally to indemnify and save harmless the said Region and 


04 


08 


~09 
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Bid Bond (Cont'd) 
their officers from all loss and damage, costs, charges and 
expenses which they may suffer by reason of such default or 


failure on py/our part. 


Additional Work 

Y/We also agree if this tender is accepted, to execute whatever 
additional or extra work that may be required at the rates set 
forth in the price schedule for additional work or deductions, 

in strict conformity in all respects with the requirements of 


the specifications, general conditions and form of agreement. 


Time Open Ou Acceptance 


This offer is irrevocable for ninety (90) days from the date 
of this offer, following which period of time, the Region may 
treat the offer as revoked and be free to re-tender the said 


works. 


APPROVED BY 
REGIONAL COUNCIL 
24 SUNE, LOTT 


@ of 


OFFERED ON BEHALF OF: Standard Paving Company 
Per: Standard Industries Ltd. 


Sole Proprietor 


ooeew ee ee ewe ewe eee ee ee eer ewer eos ewes eee eee eve 


Name of Tenderer 


SEAL 


Witness 


Authorized Signature(s) 


All blanks must be carefully filled in, or the Tender will be declared 


"Not in Form’, 


NOTICE 


Tenderers are reminded that the contract documents 
to be executed contain a two (2) year maintenance 


clause which will be strictly enforced. 


SCHEDULE WE (QUANTITIES AND BPRICES...Ccont' de. 
Contract No. RHW-77-32(SH) 


SECTION Wat" 
@ 

Item Spec. Est'd Unit 

No. No. Description Quant. Price TOTAL 

Ds 303 Supply and install 8" San. and 

S.P. 9" Storm dual private drain. 

Par Lin. Pt. 33! S 37.60" $1230.90 
OA el ON, a anata: (a lave Wie hie a 406 Bere © Oahu obey eraRN 6 12 oy 50 


SCHEDULE OF QUANTITIES AND PRICES ..,. CONT'D 


SECTION. V2") ] 


Location: King Street West from approx. 50' West of Hess Street 
to Ray Street. 


Item Spec. Est'd. Dna 
No. No. Description Quant. Price Total 
ee 303 Supply and install sewer complete 

SAP with “y" junctions. and risers. 

ry) 15" diam. storm 
Per Lin. Pt. 50' $ 82.10 $4,105.00 

pas 303 Construct Manholes Complete 

Seb (i) Manhole No. 20 as per 


Pian Ne. SST. 330 modified 
and Sht.. No. S including 
complete connection to 


existing 12" diam. sewer. 
Each me 96,875.00 “52,875.00 


MOM Oia tats rte. Srey enous Reais wl Avance ce alba) ately a alate satel ocess |S 57,980.09 


SCHEDULE OF QUANTITIES AND PRICES... Cont 'd 
SECTION 3" ] 


Location: King Street West from Ray Street to Dundurn Street 


Item Spec. Est'd Unit 
No. No. Description Quant. EPRLcen. Jota. 
ae 303 Supply and install sewers complete 
Sais With. y" JUnNCELons and risers. 
(i) 18" diam storm 
Per Litie 2 ts 305” a SO eTOp wo 20502650 
(iz) 2k" diam, Storm 
Per Lins Pts Pet iar 65000 = 8. 405075500 
(7i1)) 24" diam. storm 
Per Lane Pts P2190. Ss O25 oot O41? 50 
envy) 2s" diam. srorm 
Per Lain. Ft. 190' § 66.50 -S 115191. 00 
2a 303 Construct Manholes Complete. 
Sek e Ci) Manhole No. 9 as per Plan 
No. S.ST. 931 modified and 
elite cs 
Each 1 ~So.070..00 --S- 3.170.00 


(ii) Manhole No. 10 § 11 as per 

Plan Nose S.ol. 320 

Each A $2,060.00 $ 4,120.00 
(iii) Manhole No. 12 as per Plan 

NO; “Seon. 000 

Each 1 $2,194.00 $ 2,194.00 
Civ). Mannede tos 13, 15, 17, 6 29 

as per Plan No. S.S1. 330 

oes 7 $2060.00. S: “8, 2N0 200 
(v) Manhole No. 15 as per Plan 

No. S25. 620 with drop: pipe. 

Each 1 
(vi) Manhole No. 18 as per Plan 

Nos S252. 320 and Shit... Ne. 8 

including complete connection to 

existing manhole. 

Each h © 740500. Ss 25200200 
(vii) Manhole No. 16 as per Plan No. 

o.oo O80 and whe. oc 2neluding 

complete connection to existing 


12" sewer. 
Each i $1,844.00 S$ 1,844.00 


o2. 184.00 S$ OL 1eh 00 


CARRIED FORWARDs.e.% ose Dac atte are ae aie $205,997.00 


SCHEDULE OF QUANTITIES AND PRICES....<Cont'"d 
Contract No. RHW-77-32(SH) 
SECON MSU 


$205,997.00 


— 


Item Spec. Est a Unit 
No. No. Description Quant. Price Total 
3 303 Supply pipe for and reconnect 

Su P. exist, 6 diam. private: drains 


across trenches where cut by 
sewer installation. 


Per (ihe Et. toot = 8 5.95 § =595.00 
4, 303 Supply pipe for and reconstruct 
Bins 6" diam. private drains or 
portions thereof as directed. 
Per Lin, FE; 10" Si17.50 32,625.00 
oe 303 Supply and install 8" San. and 
Sal o” storm dual private drain. 
Per Lin. Ft. 33) So rsoU ete o0),90 
6. 303 supply and install 9" diam. 
Sabre single storm drain from prop. 
storm sewer to street line. 
Per lai 2 is 50" S20. 10 Sho. 58 
Op eG Tay Gas estas piakoleoe eels ee a's ie Une wie RIA lato ace a Reh eMelbIrCe S 271,765..40 


ee eee 


LOCATION: 


FORM OF TENDER 
CONTRACT NO. RHW-77-32 Cs8) 
SCHEDULE OF QUAN: ITIES AND PRICES 


SECTION ‘4 


King Street From Dundurn Street to Bay Street 


DESCRIPTION: 


Plan No. 


Project No. 


Item spec 
No. No. 
vi 301 
PG) S00. 
Cia.) S01 
Bia es) ee. 
(ii) 
Cia) 
4 301 
5 or 
301 
6 OF 
el 
308 


Reconstruction of 44' to 50' wide asphalt on granular (approx. 


4100 lin. ft.) pavement. 


Reconstruct ton Of Vanwous width sidewalks and 9" 


76-H-904 Sheets 1 to 7 inclusive 


ER=/6-38 


DESCRIPTION Unit 


Break out existing road, grade, 


shape & compact to subgrade Sq. Va: 


Graniilvarns AN Basco se Sheik ton 


Granular "AY Base 3” thick 
in driveways ton 


Adjustments - catch basins, 


manholes, valve chambers, etc. ea. 
loti sia mleiaoreilers ea. 
Hos Eb.se service boxes ea 


Burnang asphalt 1” thick and 


4! wide sq.yd. 


Supply and Place 
Binder course Type HM5 10 1/2" 
thack in, eo late ton 


Supply and Place 
Surface Course Type Steel Slag 
i tek ton 


Sie Val 


Quant. 


23,000 


5,000 


60 


120 


26 


L7 


300 


13,500 


2,500 


curbs. 


Unit 
Price 


S10. 


ehilele 


«JO 


~40 


«09 


.00 


.00 


.00 


.60 


40 


05 


Total 


DGG. 700 


27 000. 


S 363 


S$ (PAU 


$140,400. 


S De oe. 


Carried Forward $268,268.00 


6-REVISED 


oc 


200 


oOCNbLVULL 


CRS DOMINATES FNINBOE eto MGIC 


SIC WILO ME MM 
Item Slicer 

No. No 
i Sie 
301 
ISO 
8 ties 
9 302 
IG) SO 
eal S02 
ae SilOks 
LS) SHO” 

(4) 

(1) 

Casta) 

Civ) 

(v) 

(vi) 

(wad) 

(viii) 
14 302 
Ls SHO 


Cont'd 


Brought Forward $268,268.00 


DESCRIPTION 


Supply asphalt cement 


Provisional sum 


Cleaning catch basins, valve 
chambers and manholes 


Construct Std catch basins: 
(1) Single = as per plan S.ST. ‘418 


shit. 2 
(ai) double =- as per plan S.ST. 403 
shty 4 


Abandon std. catch basin and 
plug drain connection 


Rebuild standard cateh basin as 
per plan 5.57. 41e, ‘Sheet 2 


Catch basin drains 9" diameter 


Reconstruct walk poured adjacent to 
curb 
4'_4W" wide walk 
variable width walk ( 8! 
5'-4" wide walk 
6'-4" wide walk 
7'-4"" wide walk 
9'-4" wide walk 
10'=-4" wide walk 
11'-4" wide walk 


Remove existing concrete curb and 
Comstruct special 8" curb with 


2" lipwas per plan R& 502 


Reconstruct conc. walk poured 


monolithic with curb 


Wt eS, 0 =") 


Unit 


ed. 


ed 


ed. 


eal. 


ed. 


Sig 


ia 
dois. 
aie 
Lea 
bls ye 
dlalpave 
UaNians 
Dsl eye 


Pints 


it 


Pes 
Pi 
Fey 
ia 
Ngee 
ae 
eee 
Bs 


Ct. 


SQayvid « 


Carried Forward 


laste Val 
Quant. 


140 $ 30 


D7. So 


1. $530. 


py Glos 


u S490 


GOO we 


2653S 6. 
u30 So TH. 
215 


Dae 8 


75 oo S, 
2070 Di. 
S21 Ss) Ble, 
SOG 28 ban 
G05 S17. 


7,150" 4. 


g951e 12. 


Winn 
Price 


oe ere ee eee ww eee 


00 


00 


00 


.00 


.00 


ou 


65 
30 


a0 
35 
30 
80 
35 


ai 


35 


g 605,865.35 


Total 


$85,000 


So 200. 


$2 .205., 


$ 1,960. 


513,000. 


$ 7,900 
615,70) 


SO2c175 


S15 47 


OCHEDULE OF QUANTITIES AND PRICES 


SECT TON ee aa (Cont ad 
Brought Forward $505.885.35 
Item Spec. Bscid Unit 
No. No. DESCRIPTION Unit “ Quant. Price Total 
16 302 Reconstruct curb poured monolithic 
with walk Liane, bBo" “6 3,50) 1223997250 
Remove exist. 6'0" independent walk and 
l6a 3102 Construct 5'-0'" wide independent 
concrete walk Limeot, 880' §$ 7.90 $6,952.00 
I, 302 Reconstruct california approach 
ae per Roe. 412 lance. 2000" “6- LAO Si. 100.00 
18 302 Reconstruct concrete apron approach sq.yd. 190 «6: $13.50 $ $135.00 
19 302 Reconstruct private walk ale ga g00 $1.75 $1,575.00 
20 302 Asphalt repairs to driveway sq.va. 350 $5.50 $1,925.00 
oa == Supply = Place 2" Pav... Cuct Lin.te. 250! $ 3.30 $ 825.00 
gee Supply & Place 3" p.v.c. duct Lin.ft. 12001! $ 3.80 $4,560.00 
23 --- Construct traffic hand-holes 
(as per Plan RS 2006 & RS 2007) ea. 15 $90.00 $1,350.00 
24 302 Construct Wheel Chair Ramps 
as per RS 423 
(i) Sheet 1 (radial) ea. & Sl6.50° 5 82.50 
(ii) Sheet 2 (straight ) ea. 5O Si6.50° 9 825.00 
25 1502 Top Soil 6" in Blvd. cu.yd. foo. “29.65: 3 -765:;,00 
267-1502 No. 1 Nursery sod Blvd. sq.yd. n75 $ 2.00 § 950.00 
Pall SP Filt with) Gran, A and ‘compact 
"Abandoned Areaways" (approx. 30) ton 50 $50.00 $2,500.00 


8-REVISED Carried Forward $531,827.35 


SCHEDULE, OF QUANTITIES AND PRICES 


SROCTEON MMe 
Item Spec 
No. No. 

28 oP 


Contd 


DESCRIPTION 


"Areaways in Use" to be cleaned 
up and adjusted 


Gale rom Section: ut 


A/C 


Brought Forward $905,885.35 


lege Gl Unit 


Unit | Quant. Price Total 


$85.00 $850.00 


ea. 10 


$532,677.35 


ORM OF TENDER 
CONTRACT NO. RHW-77-32 (SH) 
SCHEDULE OF QUANTITIES AND PRICES 


SECTION "5" 


LOCATION: King Street West at Strathcona Area 


Item Spec. Est 'd Unit 
No. No. DESCRERIMION Unit Quant. Price Total 
1 304 Supply and install 
Sur. V6" diam. D.I. Watermain lin. ft. O57 © “61,80 $5,871.00 
2 304 Cit “out existing 6" ox. 12" 


tee and supply and install 
6" x 12" cross and sleeves 
complete Lump Sum $1,988.00 $1,988.00 


3 308 Construct 16" Gate Valve 
g he chamber complete with 16" 
gate valve, 4" blow off and 
6" diam. drain as per 
Flan Nos We. 312 ean 1 $3,415.00 $3,415.00 


"otal for Section "5" $11,274.00 


FORM TOF "TENDER 
CONTRACT NO. RHW-77-32 (SH) 
SCHEDULE OF QUANTITIES AND PRICES 
. SUMMARY 
SECTION "1'' Sewers and Associated Construction 
From - Bay Street to approximately 50' West of Hess Street 


A/C No. Total $ 121,947.50 


SECTION "2" Sewers and Associated Construction 
From - Approximately 50' West of Hess Street to Ray Street 


ALG Noe Total $7,980.00 


SECTION "3" Sewers and Associated Construction 
From - Ray Street to Dundurn Street 


A/C No. Total.© 231,765.40 


SECTION "4" Reconstruction of Roadways, Sidewalks, Curbs, Etc. 
From - Dundurn Street to Bay Street 


A/C No. Total S 5399 677.35 


a ee 


SECTION "5S" Watermain and Associated Construction 
A/C No. Total Ss 11-2 7k200 


Total $ 885,664.25 
Contingency Allowance $ 60,000.00 


Totel Tenden Price S o05 664.95 


I (We) have received and allowed for Addenda numbered as follows 


a iG Ee ee es Le a ee ee 


in preparing my (our) Tender Prices for the work. 


THE REGIONAL MUNICIPALITY OF HAMILTON -WENTWORTH 
DEPARTMENT OF ENGINEERING 


PRICE SCHEDULE FOR EXTRA WORK 


The prices listed herein after shall be used for additions to the regular 
contract to cover operations not included in the schedule'of Quantities, if 
approved by the Commissioner of Engineering in writing. 


The Region considers the beneath to be fair and reasonable prices to be 
used for evaluating any additions to the Contract. The Tenderer, however, 
may, in the spaces provided, submit alternative unit prices which he 
considers to be fair and reasonable without invalidating his tender. Any 
such alterations will be considered in the examination of the Tender. 


Item Unit Contractor's 
No. Description Unit Price Alternative 
Unit Price 
aes Earth excavation, by machine in 
trenches, including removal and 
disposal: 
(a) up to 12 feet deep per cu. yd. $3.65 $ 5.00 
(b) 12 feet to 18 feet deep per cu. yd. $64.25 § 8.50 
(c) 18 feet and deeper perséu.. yd, $8.25 $ 10.00 
ore Earth excavation by hand, in- 
cluding removal & Disposal per cu. yd. $15.00 $ 27.00 
ae Rock excavation, including 
removal & disposal per cu. yd. $18.00 $ 27.00 
4, Supply & place 1500 # fill 
concrete. No form work 
included per ecu. yd. $23.50 $ 30.00 
De Supply & Place 2000 # fill 
concrete. No form work included per is (yds 624.75 $ 32.00 
6. Supply & place 3750 # concrete 
for roadway base. Form work & 
reinforcing steel not included per cu. yd. $27.00 $ 35.00 
Ds Supply & place, reinforcing 


steel with supports per lb. Shoe oo S$ - 90 


THE REGIONAL MUNICIPALITY OF HAMILTON -WENTWORTH 
DEPARTMENT OF ENGINEERING 


PRICE SCHEDULE FOR EXTRA WORK 


® The prices listed herein after shall be used for additions to the regular 


contract to cover operations not included in the schedule of Quantities, if 
approved by the Commissioner of Engineering in writing. 


The Region considers the beneath to be fair and reasonable prices to be 
used for evaluating any additions to the Contract. The Tenderer, however, 
may, in the spaces provided, submit alternative unit prices which he 
considers to be fair and reasonable without invalidating his tender. Any 
such alterations will be considered in the examination of the Tender. 


Item Unit Contractor's 
No. Description Unit Price Alternative 

Unipoerice 
Ls Earth excavation, by machine in 


trenches, including removal and 


disposal: 

(a) up to 12 feet deep per cu. yd. $3.65 $ 5.00 

(b) 12 feet to 18 feet deep per cu. yd. $6.25 $__8.50 

(c) 18 feet and deeper per cu. yd. S325 $10.00 
Bis Earth excavation by hand, in- 

cluding removal & Disposal per cu. yd. $15.00 $ 27.00 
4 Rock excavation, including 

removal & disposal per cu. yd. $18.00 $ 27.00 
Lie Supply & place 1500 # fill 

concrete. No form work 

included per cu. yd. $23.50 $30.00 
5s Supply & Place 2000 # fi11 

concrete. No form work included per cuy. yd. 824.75 $32.00 
6. Supply & place 3750 # concrete 

for roadway base. Form work & 

reinforcing steel not included per cu. yd. $27.00 $ 35.00 
a See ee Re ae Oe BE AR one Oe cet Breen 08 Eee, 
Ta Supply & place, reinforcing 


steel with supports per lb. See Jeo 


a a 


~ 


PRICE SCHEDULE FOR EXTRA WORK ..s0«s cont 'd 


Item No. Description Unit Unit Contractor's 
Price Alternative 
Unit Price 

8. Supply & place, form work 

including appurtenances peridads ft. $1450 S$ = 3..00 
oe Supply, place & compact, 

Granular "A'' crushed stone per ton 

fill material (2000 lbs.) $4.20 o  fa00 


LO Supply, place & compact 
Granular 'B'' stone fill per ton 
material (2000 lbs.) $3.50 $6.90 


oi. Timbersheeting and/or shoring 
left in place by written order per 
of the Engineer ML dis Dle $365.00 g 450.00 


12s Supply & place 3000 # concrete 
in Structures. Form work and 


reinforcing steel not included per cu, va. $29.00 $ p00 
13% Topsoil, supply place & 

compact per cu. yd. 2° 5.50 Ses 
14. Sodding, supply & place, 

(No. 1 Nursery Sod & 4" topsoil per sq. yd. Sioee $ 3.00 
ee Sodding, supply & place 

(No. 1 Nursery Sod only per sq. yd. $1.05 $ 2.00 
LG Excavation per cu. yd. Say 10 S200 
Li. Burning - existing asphalt per sq. yd. $3.40 Oe oe ee 
Les Stripping - existing asphalt per sq. yd. $1.60 $ 2.00 
19, 6'' concrete curb (complete) per lin. £t. °° $5.00 Spee 


© 


PRICE SCHEDULE FOR EXTRA WORK .....cont'd 


Item 
No. 


ZO0z 


ae 


Bee 


Doe 


oo 


PIS. 


ACE 


Description 


Private Walk - complete 


Asphalt in 
HM-3 on 4" 


Asphalt in 


Std. Water 
chamber 


driveways (2" 
stone base) 


driveways (HM-3 only) 


Works Valve 


Excavate for, supply, place 

and backfill with concrete 

sand for 6" hel-Cor pipe 

(Max. depth 24" below sub-grade) 


Hi-Early water reducing agent 
added to concrete 


Supply & place reinforcing 
steel, 3/8" diameter bars. 


Unit 


per sq. ft. 


per sq. yd. 


per ton 


(2000 Vbs:.) 


complete 


per Pigs) 20% 


per cu. yd. 


per Lb. 


Unit 
Price 


s1.70 


$4.00 


$27.00 


$425.00 


$3.70 


$1.50 


> ese 


Contractor's 
Alternative 
Unit Price 


ow eae 


$ 5.50 


$35.00 


§ 800.00 


SCHEDULE OF QUANTITIES AND PRICES ... cont'd 


NOTE: The Tenderer shall complete the following: 


The Types of Sewer and Drainage Materials and/or 
Goods to be furnished by the Contractor and 
Incorporated in the Permanent Works:- 


(Tenderer to detail items hereinbelow) 


Tenderer's Estimate of Cost of Above Materials 
and/or Goods $ 567.398. 25 


ae a 


Tenderer's Estimate of Cost of Labour and All 
Other Charges 


$ 378,266.00 


TOTAL PRICE $ 945,664.25 
* These two totals must be identical and shall not 

include FEDERAL SALES TAX or ONTARIO RETAIL SALES 

TAX for Sewer and Drainage Works; nor ONTARIO 

RETAIL SALES TAX except for mixed concrete and 

mixed asphalt. 


Bidders are cautioned to read carefully the FEDERAL 
SALES TAX and ONTARIO RETAIL SALES TAX exemption 
of the "SPECIAL PROVISIONS". 


THE REGIONAL MUNICIPALITY OF HAMILTON WENTWORTH 


5 DEPARTMENT OF ENGINEERING 


LIST OF SUB-CONTRACTORS 


SUBTRADE NAME OF SUBCONTRACTOR 


@ 


(1) 


(2) 


(3) 


Supplementary Instructions to Bidders 
Respecting 
Corporation of the City of Hamilton 


Department of Engineering 
Specification Books A and B 


ALL peterénces to the “City” and the "City Engineer” in the 
Specification Books A and B shall be changed to read as 
follows: 


"City" shall read the "Region". The Region means THE 
Regional Municipality of Hamilton-Wentworth. 


"City Engineer” shall read the "Commissioner of Engineering". 


Clause 200.04.10 Lines Grades and Survey Markers. 
This clause shall be revised to read: 


LINES, LEVELS AND GRADES 


The Engineer will provide initial base lines and basic bench marks 
for the Contractor. 


The Contractor shall employ at his own expense a qualified person 
who shall establish all other necessary lines, elevations and 
grades,and shall erect required batter beards and sight lines. 

The latter shall be placed so as to be undisturbed during excavation 
operations, and subsequent construction. The name of the person who 
is going to do this work, his qualifications and experience must 

be submitted to the Engineer for approval. 


rom time to time, the above mentioned person shall verify by an 
instrument, base lines, bench marks and all other reference marks 
and the Contractor shall be responsible for the accuracy of all 
lines and levels and of the work as built in accordance therewith. 


The Engineer may at any time, check the lines, elevations, grades, 
and reference marks, batter boards etc., set by the person employed 
by the Contractor, and the Contractor shall correct any errors in 
lines, elevations, grades, reference marks, batter boards etc., 
disclosed by such check. Such a check shall not be construed to 

be an approval of the Contractor's work and shall not relieve the 
Contractor of the responsibility for the accurate construction 

or the entire work. 


PROVISION FOR TRAPPE IC 


in addition to Ham. Form 200.03.10 the following shall. apply,- 
The Contractor shall notify the City Engineer and the Department 
of Trariic pricr to barricading any street involved in this Contract. 


No regulatory traffic control signs shall be removed by this 
Contractor until arrangements have been made with the Department 
of Traffic for the installation of alternate control devices. 


(4) DISPOSAL OF SURPLUS EXCAVATED MATERIALS AT SANITARY LANDFILL SITES 


Effective &Sept..1976 the following rates shall apply: 


Per Load 
1) Passenger cars Nil 
2) Passenger Cars with Trailers Nil 
3) Pick-up trucks without box racks Nil 
@) Trucks with G.V.W. under 7,000 Lb. 
Nil 
>) Single axke truck with gross weieht 
of 7,000 lbs and over Sane) 
6) Sinele axle truck in excess. of 
20 cubie yards $8.25 
7) Double axle truck = with 1Z cubic 
yards or less $5.50 
8) Double axle truck - normal load Sit. 00 
9) Double axle truck - in excess of 
) 20 cubic yards $16.50 
10) Single axle packer $11.00 
11) Double axle packer $22.00 


If the Contractor wishes to make use of the Region's sanitary 
landfill sites for the disposal of surplus materials, approval 
of the types and quantities of materials to be deposited must 
first be obtained from the Region's Environmental Services 
Section. The Contractor is requested to contact: 


Mr. Romeo Palombella 


or Me. Val Terduk 
Telephone - 526-4417 


o 21 September 1976 


Revisions to Manual on Standard Specifications 
and Drawings 


Bool VA and eB Miabesit. basic: von 


1. HAM. FORM 100 page 7 - add after section 12 
=13 AVAILABILITY OF SOLLS REPORTS 


All soils reports prepared for Engineering or Construction 
projects in the City of Hamilton are available from the Technical 
Services Section of the Department of Engineering. If a 

soils report is not available for a specific project, other 

soils reports may be available for the area in question. 

These soils reports are available to all interested parties. 


2. HAM. FORM 200 page 30 
.06.02 Prices and Payments, the last paragraph shall read: 


Ninety (90) Days after the date of acceptance of the 
entire work, a Final Payment Certificate will be issued 
for any balance of holdback due less any liens of which 
the City has notice and less any amounts that the City 
deems necessary to retain for its protection against 
claims, liabilities, damages or costs for any other 
claims the City may have against the Contractor under 
this Contract or other contracts or otherwise, and such 
payment shall not in any way be construed as an acceptance 
of all or any part of the work or material under this 
Contract. 


3. HAM FORM 302 page 9 


.03.06 Placing and Finishing Concrete - add the following 
paragraph to the end of this section: 


Conrete extrusion machines acceptable to the engineer 

may be used to extrude the concrete curb, gutter and 
sidewalk only in specifically approved areas. These 

areas will either be specified in the contract or may 

be verified with the engineer. The sidewalk surface shall 
be brush finished in the transverse direction following 
the slip forming process. Extruded sections must conform 
to dimensions shown on the Standard drawings. 


i HAM. 


FORM 303 Page 4, 6 


202501 


Pay OP: 


(XI) 


Materials Supplied by the City 


After the table on page 4 add "Goss Traps will not be 
supplied if precast catch basins to standard detail 
drawing SST 418 are used". 


Materials Supplied by the Contractor - add 
Goss Traps for all precast catch basins shall be supplied 


by the Contractor. 


3. HAN. FORM SON Page 31 


RPE 81) 


Installation of Gate Valves with Valve Boxes, shall read: 


Payment shall be made on the basis of unit price for 
individual units stated in the item for "Installing 
City Standard Gate Valve and Sliding Valve Box". 


The quantity to be paid for work under this item in the 
Schedule of prices shall be for the complete installation of 
the valve box and gate valve. Valve box materials are 
supplied by the City. 


. FORM 1200 Page 2 


02202 


Portland Cements, shall read: 


Portland cements shall conform to the requirements of 
C.S.A. Standard AS, “Portland Cements". 


« FORM LS00 Page 15 


7 HAM 
-06.04 
8 HAM 


Mix Control, under Permissible Tolerances, shall read: 


: é aly 
"Aggregate, Passing Nos. 1" to No. 4 sieve - 5% etc. 


. FORM 1402 Page 4 


Add after Section .03 
Flanges and Jointing Materials 


Unless otherwise specified all flanges where required shall 
be flat faced and in accordance with the current American 
Standards Association Specification B.16.1 for flanged 
fittings for 125 p.s.i. pressure, with bolt holes 
straddling the vertical axis. 


Full faced one piece gaskets of 1/8" thick rubber shall 
be supplied for all flanged joints. 


= One 


6 


All bolts and nuts shall have American Standard threads 

of the Course Thread Series, and shall conform to ASA-B18-2. 
For sizes 1-1/8" diameter and below, they shall be of the 
conventional type and the material shall conform to ASTM A-307 
(Grade B). Materials for bolts and studs 1-1/4" diameter 

and above, shall conform to ASTM A-193 (Grade B-7) or ASTM A-325 
(S.A.E. Grade 5). Nuts shall conform to ASTM-A-194 

Grade 2H. Bolts shall have hexagonal heads and shall be 

held with hexagonal semi-finished nuts. The length of 

any bolt shall be such that it will not project beyond the 

nut more than 1/2" or less than 1/4" and no bolt shall be less 
than the diamter of the hole in which it fits by more than 

78 ine: 


All bolts and nuts for flanged jointing shall be cadmium 
plated. 


The cost of the above shall be included in the unit prices 
for pipe and specials. 


9. HAM. FORM 1403 Page 7 


208..03 


The third paragraph shall be revised to read: 


All bolts and nuts for flanged jointing shall 
be cadmium plated. 


GENERAL NOTES 


(i) 


CUT) 


The City Yard, Elgin Street has been relocated to the Central 
Services Building, 125 Barton Street West. 


The "Regional Municipality of Hamilton-Wentworth" has 

assumed jurisdiction for storm sewers, sanitary sewers 

and watermains in the "City of Hamilton". Matters 

pertaining to these services as outlined in Books "A" 

and "B"' and references made to the "City of Hamilton" 

now will be the responsibility of the ' Regional Municipality 
of Hamilton-Wentworth". All queries relating to the above 
services shall be directed to the Regional Engineering Department. 


21 January 1974 


REVISIONS TO MANUAL ON 
STANDARD SPECIFICATION AND DRAWINGS 


Book A € B Latest Edition 


Ham Form 100 
.02 Ability of Bidder, add the following: 


The Bidder must submit with his Tender a Statement of bidder's current status 
with the Workmen's Compensation Board. 


Ham Form 300 
.02 Materials and Appliances, add the following: 


Workmen, including tradesmen, employed by the Contractor and his subcontractors 
shall be paid not less than the rate of wages, and shall work the hours of 
labour, as currently prescribed by Hamilton City Council for City Projects. The 
Contractor shall display legible copies of the current wage schedule adopted by 
City Council at prominent positions on the project, and accessible to all 
employees. The Contractor shall keep proper books and records showing the names, 
trades and addresses of all workmen engaged on the work and the wages paid to, 
and time worked by, such workmen, and the books shall be presented for inspection 
by the Engineer and the Region's authorized Officers upon their demand. 


Such authorized officers may inspect any project for the purpose of seeing 
that the above Wage Schedule is properly posted and may question any employee 
on the rate of wages he receives and the type of work he is engaged to do. 


Ham Form 200 Page 12 


.03.02 Liability and Fire Insurance, shall read: 
.03.02.01 Comprehensive General Liability Insurance 


(a) Without restricting the generality of .03.06 Contractor's 
Responsibility for Losses and Damages, "Comprehensive 
General Liability Insurance" will be provided and 
maintained by the Region, subject to limits of two million 
dollars inclusive per occurrence for bodily injury, death 
and damage to property including loss of use thereof. 


(b) The insurance shall be in the joint names of the Region, 
and the Contractor, and shall also cover as Unnamed Insureds 
all Subcontractors and anyone employed directly or 
indirectly by the Contractor or his Subcontractors to perform 
a part or parts of the Work but excluding supplies whose only 
function is to supply and/or transport products to the project 
Site, 


Comea oc 


NO 


Ham Form 200 Page 12 (Cont'd) 
.03.02.01 Comprehensive General Liability Insurance (Cont'd) 


(c) The insurance shall also include as Unnamed Insureds the 
architectural and engineering consultants of the Region. 


(d) The insurance shall preclude subrogation claims by the 
Insurer against anyone insured thereunder. 


(e) The Comprehensive General Liability Insurance shall 
include coverage for: 


1) Premises and operations liability 

2) Products or completed operations 
iiability 

3) Blanket contractual liability 

Eu epess Iiabiiity 

5) Elevator and hoist liability 

6) Contingent employer's liability 


7) Personal injury liability arising out 
of false arrest, detention or 
imprisonment or malicious prosecution; 
libel, slander or defamation of 
character; invasion of privacy, 
wrongful eviction or wrongful entry. 


8) Shoring, blasting, excavating, underpinning, 
demolition, pile driving and caisson work, work 
below ground surface, tunnelling and grading, 
as applicable. 


9) In consideration of the above coverage, all of the 
items shall be subject to $1,000 deductible for each 
and every claim including non-owned licenced vehicles. 


(f) Automobile Liability Insurance 


The Contractor shall provide and maintain liability 
insurance in respect of owned licenced vehicles subject 
to limits of not less than one million dollars inclusive. 


(g) Aircraft and/or Watercraft Liability Insurance 


The Contractor shall provide and maintain liability 
insurance with respect to owned or non-owned aircraft 
and watercraft, as may be applicable, subject to limits 


Cenme "el 5 


Ham Form 200 Page 12 (Cont'd) 


.03.02.01 Comprehensive General Liability Insurance (Cont'd) 


nee a OZ 


o Comic! Gl oc 


(g) 


(h) 


(i) 


(a) 


Aircraft and/or Watercraft Liability Insurance (Cont'd) 


of not less than one million dollars inclusive. Such 
insurance shall be in the joint names of the Contractor 
the Region, the Architect and those parties defined in 
.03.02.01 (b)(c) where they have an interest in the 

use and operation of such aircraft or watercraft. The 
insurance shall preclude subrogation claims by the 
Insurer against anyone insured thereunder. 


All liability insurance shall be maintained continuously 
until twelve (12) months after the date of acceptance 
of all the work by the Engineer. 


All liability insurance policies shall contain an 
endorsement to provide all Named Insureds with prior 
notice to changes and cancellations. Such endorsement 
shall be in the following form: 


"It is understood and agreed that the coverage 
provided by this policy will not be changed 
or amended in any way nor cancelled until 
30 days.after written notice of such change 
or cancellation shall have been given to all 
Named Insureds." 


Property Insurance 


The Region will provide and maintain property insurance, 
insuring the full value of the Work in the amount of the 
Contract Price and the full value as stated of products that 
are specified to be provided by the Owner for incorporation 
into the Work. The insurance shall be in the joint names 
of the Contractor and the Region, and shall include the 
interests of the Region, the Contractor and all others 
having an insurable interest in the Work. The policies 
shall include all Contractors as Unnamed Insureds or, if 
they specifically request as Named Insureds. The policies 
shall preclude subrogation claims by the Insurer against 
anyone insured thereunder. The coverage is Comprehensive 
Builders Risk T.A.0. Form No. 507, with a deductible 
provision which shall be the responsibility of the 
Contractor, Subcontractor, and all others having an 

insured interest in the work. 


Ham Form Page 12 (Cont'd) 


.03.02.02 Property Insurance (Cont'd) 


(b) The policies shall insure against all risks of direct 
loss or damage subject to the exclusion and limitations 
specified in the Supplementary General Conditions and 
the actual policy form. Such coverage shall apply to, 
but mot Limited to: 


(i) All products, labour and supplies of 
any nature whatsoever, the property of 
the Insureds or of others for which the 
Insureds may have assumed responsibility, 
to be used in or pertaining to the site 
preparations, demolition of existing 
structures, erection and/or fabrication 
and/or reconstruction and/or repair of 
the insured project, while on the site 
oP In transit, subject to the exclusion 
of the property specified. 


(32) The installation, testing and any 
subsequent use of machinery and 
equipment including boilers, pressure 

&) vessels or vessels under vacuum. 


(iii) Damage to the Work caused by an accident to and/or 
the explosion of any boiler(s) or pressure 
vessel(s) forming part of the work. 


Such coverage shall exclude construction 
machinery, equipment, temporary structural 
and other temporary facilities, tools and 
Supplies used in the construction of the 
work and which are not expendable under 
the contract. 


(c) The Region shall provide the Contractor with evidence of 
all insurance prior to commencement of the Work. 


Policies provided shall contain an endorsement to provide 
all Named Insureds with prior notice of changes and 
cancellations. Such endorsement shall be in the following 
Form: 


"Tt is understood and agreed that the coverage 
provided by this policy will not be changed or 
amended in any way nor cancelled until 30 days 
after written notice of such change or cancellation 
shall have been given to all Named Insureds." 


o All such insurances will be maintained continuously until 


thirty (30) days after the date the Engineer issues a 
certificate of acceptance of all the Work. All such 


Cont ha TG acs cates 


2035102502 


Concud 


(c) 


(d) 


(e) 


(f) 


Ham Form Page 12 (Cont'd) 


Property Insurance (Cont'd) 


(Cerone Gh ae. Aas 


insurance will provide for the Region to take occupancy 
of the Work or any part thereof during the term of this 
insurance. Any increase in the cost of this insurance arising 
out of such occupancy shall be at the Region's expense. 


The policies shall provide that, in the event of a loss, 
payment for damage to the Work shall be made to the Region 
and the Contractor as their respective interests may 
appear. The Engineer shall act on behalf of the Region 
and the Contractor for the purpose of adjusting the amount 
of such loss with the Insurers. On the determination 

of the extent of the loss, the Contractor shall immediately 
proceed to restore the Work and shall be entitled to 
receive from the Region (in addition to any sum due under 
the Contract) the amount at which the Region's interest 

in the restoration work has been appraised, such amount 

to be paid as the Work of the restoration proceeds and 

in accordance with the Engineer's certificates for 
payment. Damage shall not effect the rights and 
obligations of either party under the Contract except 

that the Contractor shall be entitled to such reasonable 
extension of time for substantial and total performance 
of the Work as the Engineer may decide. 


The Contractor and/or his Subcontractors as may be 
applicable shall be responsible for the $500.00 deductible 
amount under the policies on projects with contract 
amounts under $300,000.00 and $1,000.00 deductible 

amount under the policies on projects with contract 
amounts of $300,000.00 and over and for providing such 
additional insurance as may be required to protect the 
Insureds against loss on items excluded from the policies. 


The Contractor shall provide insurance coverage on tools, 
machinery and equipment to the satisfaction of the Engineer. 


(a) Fire insurance, extended coverage, or special 
insurance on construction equipment and tools 
owned by or rented to or in the care, custody 
and control of the Trade Contractor, other 
than equipment owned or rented by or for the 
Region. 


Ham Form Page 12 (Cont'd) 
.03.02.02 Property Insurance (Cont'd) 


Cf) e Cone td 


(b) Contractor's Equipment Insurance to cover 
all construction equipment owned or rented 
or for which the Contractor may be 
responsible against all risks of loss or 
damage with coverage to allow for the 
immediate replacement on the Work of such 
lost or damaged equipment. All settlements 
of claims for any loss or damage shall be made 
without the right of subrogation against 
the Region, the Construction Manager, of any 
of their employees, servants and agents. 


Pebruary, 1977 
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SECTION A-A 


SPECIFICATIONS 


— PRECAST CONCRETE SECTION TO CONFORM 
TO A.S.T.M. C-478-69T. 

— CONCRETE STRENGTH - 4000 PS.I. MIN. 

— H-20 HIGHWAY LOADING. 

— BASE SECTION POURED IN PLACE BY CONTRACTOR 

- CONCRETE STRENGTH - 3750 PS.I. 

— BASE SECTION REINFORCING TO BE HI- BOND RAIL 
STEEL BARS - COVER TO BARS MIN. 15". 


THE REGIONAL MUNICIPALITY OF HAMILTON - WENTWORTH 
DEPARTMENT OF ENGINEERING 


“= MAY 1976 


1, REINFORCING BARS MOVED TO 


STD. PRECAST MANHOLE FOR DUAL SEWER SYSTEM 
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THE REGIONAL MUNICIPALITY OF HAMILTON - WENTWORTH 
DEPARTMENT OF ENGINEERING 


STD. PRECAST MANHOLE FOR DUAL SEWER SYSTEM 


UNA Te 


REVISION 
|, REINFORCING BARS MOVED TO 
INSJOE FACE, — MAY 1976 ss JAN, 1974 
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THE REGIONAL MUNICIPALITY OF HAMILTON-WENTWORTH 
CONTRACT NO. RHW-77-32(SH) 


SPECIAL PROVISIONS 


SCOPE 


A brief summary of the work covered in this Contract is as follows: 


(a) Supply and installation of Sanitary Sewers, - 
HSS Jin. £t. of 18!" diam. 
S45 dite fe. cor 25 diam, 
bo lin. tt. of 12" diam. and associated eGonstruction. 


(b) Supply and installation of Storm Sewers, - 
US Dime ft. ©f 12" aan. 
CHO. Tai, “Ete OF 15" “diam. 
Sve Diy, fe. OL 2. diam. 
395 tin. fe. of 18" diam, 
te2n0- lan. ft. of 24" diem. and associated construction. 


(c) Supply end inerallation of Approx. 92. lin. fe. of 16" “diam, 
watermain and associated construction. 


(d) Reconstruction of 44 ft. to 50' wide asphalt on granular surface 
roadway, approx. length 4,100 feet. Reconstruction of sidewalks 
of various widths and associated construction including curbs, 
approaches, wheel chair ramps and areaways. 


GENERAL 


2.1 Bedding - Sewers, - 2,000 p.s.i. concrete as per Ham. Form 1200, 
placed as per Plan No. S.ST. 201. 
Watermains, - Granular B as per Ham. Form 1100, placed as per 
Plan NG. Wes. S00 eht.- 2. 
Private drains, - Granular A as per Ham. Form 1100, placed as per 
PlanoNG. Geol. 20S. 


2.2 Backfill - Sewers, Private Drains, Watermains, - 
Selected Excavated Materials from trenches placed in layers not 
exceeding 24" in depth and compacted to a minimum of 95% 
Standard Proctor Density. 


2.3 Trench Widtl.s, - Trench widths shall not exceed the widths shown 
on the Contract Drawings. 


2.4 Sheathing and Shoring, - The Contractor shall employ close sheathing 
and shoring or methods otherwise meeting the approval of the Engineer 
and the requirements of the Construction Safety Act (latest edition). 


SPECIAL PROVISIONS === Cont'd... 
Contract No. RHW-77-32(SH) 


2. GENERAL -= Cont "d,... 


2.0 Materials supplied by the Region, = The Contractor shall. take 


delivery of all materials supplied by the Region as per Ham. 
Forms 303.02 and 304.02 at the Region's Central Services Bldg. 
located at 125 Barton St. W., Hamilton, and deliver same to the 
work site at his own expense. 


2.6 Salvaged Materials, - Where frames and covers for manholes, catch 
basins and valve chambers require replacement (as determined by 
the Engineer), the Contractor shall salvage the existing castings 
and deliver same in a clean condition, to the Regions Central 
Services Bldg. 


New frames and covers will be supplied by the Region and installed 
by the Contractor. All costs entailed shall be included by the 
Tenderer in his prices bid for roadway reconstruction. 


2.7 Surplus Excavated Materials, - All materials not suitable for 
backfill and materials in excess of that required for backfill 
Shall be removed from the site and disposed of by the Contractor 
at his own expense. 


2.8 Verity Elevations, = Prior to “construction of sewers in this 
Contract, the Contractor shall verify the locations and elevations 
of all bulkheads, manholes and sewers to be connected to. 


2.9 Protection of Existing Utilities 


It shall be the Contractor's responsibility to contact all utility 
companies and to assure himself of locations of all underground 
plants in the vicinity of his trenches and work. All such services 
endangered by the Contractor's work shall be adequately supported 
and protected from damage by the Contractor, at his own expense, 

to the satisfaction of the Engineer and the utility company involved. 


The Contractor shall restore all services underground or overhead 
disturbed or damaged during construction to the satisfaction of 
the Engineer and the local authorities having jurisdiction over 
the same. 


All restoration shall be done at the Contractor's expense. 


2.10 Maintain Flow - The Contractor shall maintain the flow in all sewers, 
private drains, watermains and water services involved in this 
. Contract to provide uninterrupted service to abutting properties. 


2.11 Plug Abandoned Piping = The Contractor shall plug the ends of all 
abandoned piping cut during construction. Plugs shall consist of 
2,000 p.s.i. concrete inserted a minimum of 12' into piping. 
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Contract No. RHW-77-32(SH) 


Sub-surface and other Site Conditions - The Contractor is 
particularly advised that the information shown on the contract 
drawings regarding sub-surface and other site conditions is at 
best a guide to assist him in the determination of the 
conditions he will probably encounter when excavating. 


The Region assumes no responsibility for the accuracy of this 
information and the Contractor shall have no claim on account 


of his encountering conditions other than those indicated by 

the above or implied herein. 

It is expected that the Tenderer shall make, at his own expense, 
such tests, inspections and other on-site investigations as he 
considers necessary to satisfy himself as to the nature of the 
conditions to be met with and the quantities of the various types 
of work to be done, however, should he encounter, in the course 

of construction, conditions more difficult than those aniticipated 
on the basis of his investigations, he shall have no claim against 
the Region on this account. 


Work Schedule - It is aniticipated that the successful Tenderer will 

be requested to commence work on this project on 27 June 1977. In 
order to accommodate the above starting date the Contractor must 
execute the Contract including securing bonds etc. and provide a 
detailed construction schedule as per clause 2.14 at a pre-construction 
meeting to be held on 20 June 1977, at a time and place to be 
determined by the Engineer. 


Construction Schedule Per Chart, - The Contractor shall submit 

six (6) copies of a construction schedule bar chart for approval 
by the Engineer. This chart shall show clearly the proposed dates 
of commencement and completion of each major phase of the work. 


In preparing the schedule the Contractor shall take into consideration 
all aspects of the work, and requirements for traffic, hours of 
work, working days etc., as specified herein. 


Whenever it becomes apparent that progress of the actual construction 
will deviate significantly from the proposed schedule, the Contractor 
must immediately notify the Engineer in writing. 


Co-ordination of Work and Working Hours, - Work on sewers shall be 
carried out concurrently between Bay Street and Hess Street and 
between Ray Street and Dundurn Street. 


This Contractor shall co-ordinate the work of the other utility 
companies who will be carrying out their work at the same time as 
construction on this Contract is underway. It is anticipated that 
the Hydro will be relocating lighting poles and underground 
services, and that Bell Canada may be required to also install 
some underground ducts and cables. 
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2.15 Co-ordination of Work and Working Hours -- Cont'd... 


In order to expedite the work in this Contract within the number 
of working days allotted the Contractor will be required to carry 
out work from 7:00 a.m. to dusk from Monday to Friday inclusive. 


To facilitate traffic and meet the traffic requirements as specified 
the Contractor may have to carry out some portions of the work on 
Saturdays and Sundays. 


2.16 Traffic Requirements, - In addition to Ham. Form 200.03.10, the 
following shall apply, - The Contractor shall notify the 
Department of Traffic and the Commissioner of Engineering a 
minimum of 48 hours prior to commencing construction or barricading 
any street involved in this Contract. 


No regulatory traffic signs shall be removed or blocked from view 
by this Contractor. Where such signs are required to be removed 
er obscured to facilitate construction, the Contractor shall 
request the Department of Traffic to install temporary signs. 


The Contractor shall co-operate with the Department of Traffic 
to maintain all permanent and temporary signs involved in this 
Contract. 


The following traffic requirements shall apply during construction. 


(a) During Sewer Construction 
King Street” 
Two lanes of traffic are to be maintained at all times either 
between Bay Street and Queen Street or between Queen Street 


and Margaret Street. 


Two lanes of traffic are to be maintained at all times between 
Margaret Street and Dundurn Street. 


A minimum of one lane of traffic is to be maintained at all 
times between Bay Street and Margaret Street. 


Caroline Street, - Maintain one lane of traffic across King Street 
at all times. 


Hess Street, - Maintain two lanes of traffic across King St. at 
alin eimes.. 


Queen Street, - Maintain one Southbound lane and one Southbound 
right turn traffic lane across King Street at all times. 


SPSCING, IROWUSLONG soa ConnelGe sono 
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Locke Street, - Maintain one Northbound traffic lane across 
King Street at all times. 


Margaret, Strathcona and New Streets, - Access across King Street 
is to be maintained on two out of three streets at all times. 


Pearl and Ray Streets, - Access across King Street shall be 
maintained on one of the two streets at all times. 


(b) During Roadway Construction 


King Street, - Two lanes of traffic are to be maintained at 
all times. 


Caroline and Hess Streets, - One traffic lane at all times 
across and/or turning onto King Street. 


Queen Street, - The Contractor is to make a specific 

reconstruction proposal for staging the reconstruction of 

the intersection of Queen and King Streets to the satisfaction 
.) of the Engineer. To enable the Contractor to prepare his 

proposal, traffic requirements will be given at a pre-tender 

meeting. See paragraph 2.17. 


Ray and Pearl strects, = Maintain one Southbound lane and 
one Southbound right turn traffic lane across King Street 
at all times. 


Locke Street, - Normal intersection traffic movements are to 
be maintained (turning or through traffic). 


Margaret, Strathcona and New Streets, - Local access traffic 
is to be maintained. 


The Contractor shall be responsible for supplying, erecting and 
maintaining the necessary traffic delineators, barricades and 

signs on King Street, east of Bay Street and at all other locations 
as required. 


In addition to the above the Contractor shall co-operate with and 
maintain delivery access to all commercial properties affected by 
construction. The construction sites shall be kept clean of 
obstructions to permit the above access requirement. 


2.17 Pre-Tender Meeting, - The Region will notify all Tenderers of a 
pre-tender meeting to be held on or about June 1, 1977. At this 
> meeting the Engineer will clarify any queries from Contractors 
regarding traffic requirements, construction scheduling as well 
as other aspects of this Contract. 
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Time for Completion, - In addition to Special Provisions for 


"Liquidated Damages and Time for Completion, Progress of the 
work and time for completion", the following shall apply, - 


The Contractor shall commence work in accordance with clause 
2.13 of these special provisions "Work Schedule" and shall 
complete it within 120 working days of the date specified. 


Out of the 120 working days, 100 days will be allotted to the 
1977 construction season. The Contractor must complete all 
sewer, watermain, curb, sidewalk, and roadway work up to and 
including the construction of the roadway except the application 
of the surface course. The binder shall be ramped at all manhole 
and chamber covers etc. and maintained by the Contractor over the 
Winter to the satisfaction of the Engineer. 


Early in the 1978 construction season the Contractor will receive 
a written notice to proceed with the application of the surface 
course as specified. 


The remaining 20 days will be allowed to apply the surface course 
complete and do all other associated work to complete the Contract 
to the satisfaction of the Engineer. 


Liquidated Damages as specified herein will be charged to the 
Contractor for all time in excess of 100 working days used 
during the 1977 construction season and for all time in excess 
of the 20 working days used during the 1978 construction season. 


In all resurfaced areas, where new asphalt is overlaid onto 

existing asphalt a tack coat must be applied, payment for materials 

and labour for the application of same shall be included in the surface 
course item in each section. 


In road resurfacing areas adjacent to reconstructed and/or repaired 
combined walk and curb and/or curb the contractor will have the 
option at the discretion of the Engineer to hang the front curb 
form on the existing road base or remove sufficient road base 
material as directed to construct the full front curb depth. 


Payment for the above is included in the particular items for 
repair or reconstruction of combined walk and curb and/or curb only 
at the unit price stated. In the event that further base materials 
are required to be removed, payment for the reconstruction of the 
road strip along the curb will be made on the bases of the unit 
prices as indicated in the "Schedule of Quantities and Prices." 


SPECIAM PROVISIONS == Cont'd..... 
tract No W-77-32(SH) 


2. General -- Cont'd... 


2.21 Sidewalk Removal - Prior to removing sidewalks the Contractor 
shall establish the location of all areaways, beneath the 
walks. The sidewalk in these areas shall be carefully 
removed to avoid damage to buildings. Where such areaways 
are being used for storage etc. by the owners it shall be the 
Contractor's responsibility to arrange with the owners for 
removal or temporary protection of stored goods. 


ass 


oie 


SIP CII JARONIESIFONS, =SS Croytelel, . 54. 
Contract No. RHW-77-32(SH) 


SUPPLY AND INSTALL SEWERS -—Sections 1lye2, 6 3 Ltem 1 


Under these items the Contractor shall supply and install the sewers 

in the locations and to the elevations and grades shown on the contract 
drawings. Also included shall be the removal of bulkheads, plugs etc. and 
the connections to existing manholes and sewers as shown and the supply 
and installation of risers and the following sewer "y'"' junctions. 


In the proposed 18" San. Sewer from Bay Street to Caroline Street. 
1 = 18" x 9" Sunetions (Right) 


In the proposed 15" Storm Sewer on Locke Street. 
i= 5" x9" Junction Chett) 


In the proposed 18'' Storm Sewer on King Street from Ray Street to Pearl St. 


L918" xX S" junction, (léere) 
l= Te" x 9" junction (Right) 


In the proposed 15" Storm Sewer on Strathcona Avenue. 
bee 25" Xo!" jumetaon (hett) 


In the proposed 21" Storm Sewer on King Street from Pearl Street to 
Locke Street. 
2-= 2)" X29" qunecions (Right) 


In the proposed 24" Storm sewer from Locke Street to Dundrun Street. 
Ss e7gU xo! junetions Chett) 
fb - 24" % 8" junetions (Right) 


Payment shall include all of the above and will be made on the unit 
prices stated in the schedule of quantities and prices for these 
items as per Ham. Form 303.05. 


CONSTRUCT MANHOLES - Sections 1, 2, & 3, Item 2 


Included in these items shall be all costs to construct the various 
manholes complete in the locations shown with drop pipes, bulkheads, and 
all other appertunances as shown on detail drawings. Also included 
shall be all connections to proposed and existing sewers. The tenderer 
is referred to Ham. Form 303.02 for those items to be supplied by the 
Region. 


Payment will be made on the unit prices stated in the schedule of 
quantities and prices for these items. 


SEECHAI PROVISIONS === (Contlds... 
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9. oUPPLY PIPE FOR AND RECONSTRUCT DRAINS - Sections 1 € 3, Item 3 


Under this item the Contractor shall supply all 6" diam. pipe and 
materials to reconstruct private drains. Where private drains are 

cut during sewer construction they shall be inspected by the Engineer 
and where in his opinion, condition of the drains require replacement, 
he will request this Contractor to remove all or sections of such 
drains and to reconstruct the drains with new pipe and fittings. 


Payment shall include all costs and will be made on the unit prices 
stated in the schedule of quantities and prices. 


6. SUPPLY AND INSTALL DUAL DRAINS - Sections 1 & 3, Item 5 


Included in these items shall be all costs to supply and install 

dual private drains (8" sanitary and 9'' storm) from the main sewers 
to the Street line. In Section 1, the sanitary drain shall be 
connected to the riser or junction on the proposed sanitary sewer and 
the storm drain shall be connected to the existing 2' - 6" K 3! - 9" 
sewer. In Section 3, the 9" storm drain shall be connected to the 
riser or junction drain shall be connected to the existing sewer. 


Payment will be made on the unit prices stated in the schedule of 
quantities and prices for these items. 


7. ABANDON STD. CATCH BASIN - Section 4, Item 10 


Under this item the Contractor shall completely remove and dispose 
of catch basin and fill the excavation with granular B or excess 
selected excavated materials from trenches in lifts not exceeding 
2' and compact to a minimum of 95% Standard Proctor Density. 
Existing drains shall be plugged as per clause 2.11. Payment shall 
include all of the above and will be made on the unit prices stated 
in the schedule of quantities and prices. 


8. ABANDONED AREAWAYS - Section 4, Item 27 


Where areaways are to be abandoned under this Contract, the Contractor 
shall supply and lay 10" concrete blocks to completely seal openings 
from buildings to areaways. Blocks shall be layed flush with the 
inside walls of buildings, parged a minimum of 3/8" on the outside 
face with cement sand mortar and waterproofed with an approved 
bituminous foundation waterproofing. Where areaways are too small to 
be filled with concrete block the contractor shall supply 3,000 p.s.i. 
concrete to fill all such openings. Areaways shall be filled with 
granular "A" as per Ham. Form 1100 and compacted in layers not 
exceeding 2' in depth to a minimum of 95% Standard Proctor Density. 


Payment shall include all of the above and will be made on the 
unit price stated in the schedule of quantities and prices for this 
item. 


SPECIAL PROVESMONS =——" Gontide.css. 
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AREAWAYS IN USE === Section &, Item 2s 


Under this item the Contractor shall install new frames and reinstall 


existing covers on areaways which are to remain in use. The Contractor 


shall submit an itemized list of frames required to the Region who 

will supply all such frames. Where in the opinion of the Engineer 

covers require replacement the Region will supply all such covers. 

Frames and voers shall be set by the Contractor flush with proposed 
Sidewalk grades. 


Payment will be made on the unit price stated in the schedule of 
quantities and prices for this item. 


SUPPLY AND INSTALL 16'' DIAM. WATERMAIN -- Section 5, Item 1 


Under this item the Contractor shall supply and install 16" diam., 
ductile iron, tyton joint, cement lined watermain as per Ham. Form 
1402, with fittings and thrust blocks complete in the location shown 
on the contract drawings. 


Payment will be made on the unit price stated in the schedule of 
quantities and prices. 

CONSTRUCT 16" GATE VALVE CHAMBER -- Section 5, Item 3 

Included in this item shall be all costs to supply materials for 

and to construct the valve chamber complete as per Plan No. W.S. 

312 with 16" gate valve and 4" blow off. Also included shall be the 
supply of all materials for and construction of the 6" diam. drain 
with connection to existing sewer. 


Refer to Ham. Form 304.02 for items to be supplied by the Region. 


Payment shall include all of the above and will be made on the 
unit price stated in the schedule of quantities and prices. 
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CONTRACT NO. RHW=77-32 (SH) 


SPECIAL PROVISIONS 
RESPECTING 


CONTINGENCY ALLOWANCE 


A fixed sum of $60,000.00 dollars shall be included in the total 

bid for the performance of the Contract, to provide for payment for 

any extra or additional work of a contingent nature that the Commissioner 
of Engineering considers necessary to be performed by the Contractor 
during the course of work. The requirements of Ham. Form 200-02.05 

shall apply. 


The provisions of a contingency allowance shall not be construed by 

the Contractor as constituting a protection for him against any defects 
occurring in the work as a result of his negligence or employment of 
inferior materials and workmanship therein, nor shall it be looked upon 
as an available reserve to protect him against the usual hazards that 
may be expected to attend the execution of work of a nature such as 
that entailed by the project herein, adequate allowance for which must 
be anticipated by the Contractor and incorporated in his prices quoted 
for performing the units of work set out in the "Schedule of Quantities 
and Prices” of the "Form of Tender”. 


Rallis Ws 
Department of Engineering 


SPECIAL PROVISIONS FOR 
CONTRACT NO. RHW-77-32 (SH) 
LIQUIDATED DAMAGES AND TIME FOR COMPLETION 


LIQUIDATED DAMAGES 


Ve CUBE 


Time shall be the essence of this agreement. 


2. PROGRESS OF THE WORK AND TIME FOR COMPLETION 


The Contractor shall commence work in accordance with section 
200.05.02 of the General Conditions and shall complete it 

within z working days of the commencement date specified 
in the Notice to Proceed. 


If this time limit specified above is not sufficient to permit 
completion of the work by the Contractor working a normal number 
of hours each day or week on a single daylight shift basis, 

it is expected that additional and/or augmented daylight shifts 
will be required throughout the life of the Contract to the 
extent deemed necessary by the Contractor to insure that the 
work will be completed within the time limit specified. Any 
additional costs occasioned by compliance with these provisions 
will be considered to be included in the prices bid for the 
various items of work and no additional compensation will 

be allowed therefor. 


Working time shall be charged until the date of acceptance 
of the work by the Engineer as specified in Section -200.02.07, 
and 200.02.08 of the General Conditions. 


* Refer to Special Provisions Section 2 GENERAL clause 2.18 Time for completion, 


1977 100 WORKING DAYS oak 
1978 20 WORKING DAYS 
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LTQUIDATED DAMAGES AND. TIME FOR COMPLETION. sos % Cont'd 


on WORKING DAY 


A Working Day is defined as any day: 
(a) Except Saturdays, Sundays and Statutory Holidays. 


(b) Except a day on which the Contractor is prevented by 
inclement weather or conditions resulting immediately 
therefrom adverse to controlling operation or operations, 
as determined by the Engineer, from proceeding with at 
least 60% of the normal labour and equipment force 
engaged on such operation or operations for at least 
(5) hours toward completion of such operation or 
operations. A controlling operation or operations 
is to be construed to include any feature of the work 
considered at the time by the Engineer which, if delayed, 
will delay the time of the completion of the Contract. 


The Engineer will furnish the Contractor with a weekly statement 
showing the number of working days charged to the Contract for 
the preceding week, the number of working days specified for 
completion of the Contract, and the number of working days 
remaining to complete the Contract. The Contractor will be 
allowed one week in which to file a written protest setting forth 
in what respects the said weekly statement is incorrect, otherwise 
the statement shall be deemed to have been accepted by the 
Contractor as correct. 


4, EXTENSION OF TIME 


Section 200.05.04 of the General Conditions shall apply in its 
entirety to these Special Provisions. 


LIQUIDATED DAMAGES 


It is agreed by the parties to the Contract that in case all 

the work called for under the Contract is not finished or 
completed within the number of working days as set forth in these 
Special Provisions, damage will be sustained by the Region 

and the parties hereto agree that the Contractor will pay 

to the Region, the sum of ONE HUNDRED. DOLLARS vaswsn os oes 8100200) 
for liquidated damages for each day and every calendar day's 
delay in finishing the work in excess of the number 

of working days prescribed and it is agreed that this amount 

is an estimate of the actual damage incurred by the Region 

which will accrue during the period in excess of the prescribed 
number of working days. 


The Region may deduct any amount due under this paragraph 

from any monies that may be due or payable to the Contractor 
on any account or contract whatsoever. The liquidated damages 
payable under this paragraph are in addition to and without 
prejudice to anyother remedy, action or other élternative that 
may be available to the Region. 


The Contractor shall not be assessed with Liquidated Damages 
for any delay caused by Acts of God, Acts of the Province or 


of any Foreign State, Fire, Flood, Epidemics, Quarantine Restrictions, 


Embargoes or delays of Sub-Contractors due to such causes. 


If the time available for the completion of the work is 
increased or decreased by reason of alterations or changes made 
under Section 200.02.04 of the General Conditions, the number 
of Working Days shall be increased or decreased as determined 
by the Engineer. 


If the time available for the completion of the work is 

increased or decreased because of an overrun of a major item 

in the Contract, the Engineer in his sole discretion, may 

increase or decrease the number of working days by adding or 
subtracting therefrom, as the case may be, a number of days 
calculated from the difference between the actual quantity and the 
estimated tender quantity divided by the average daily production 
of the most productive 50% of the working time shown on the 
Contractor's schedule provided that this basis for calculation may 
not be used where in the opinion of the Engineer, all or any 

of the relevant major items are carried out concurrently, and the 
decision of the Engineer shall be final. 


SrFECIAL PROVISIONS 
Respecting 
FEDERAL SALES TAX 
and 


ONTARIO RETAIL SALES TAX 


1. FEDERAL SALES TAX 


1.1 Sewer and Drainage Construction 
and Appurtenant Work 


Tenders for sewer and drainage construction and appurtenant 
work will be considered only on _a Federal Sales Tax excluded 
basis. Under Section 111 of the Excise Tax, municipalities 
are exempted from payment of Federal Sales Tax on goods pur- 
chased by them for their own use, and not for resale as part 
of a sewerage and/or drainage system. 


The Department of National Revenue has ruled that where a muni- 
cipality enters into a contract for a sewerage or drainage sys- 
tem, and the contract, together with all billings thereunder, 
specifies the charge for the materials and goods separate from 
the amounts for labour and all other charges, the Department 
will consider the Contractor as selling the materials and goods 
as such, to the municipality. 


The successful tenderer on this Contract shall pay Federal Sales 
Tax, on purchases which he makes under, the Contract, for in- 
corporation in the permanent sewerage and/or drainage works, 

and may recover such Sales Tax by completing Forms N.15 and 
N.15A, obtainable free of charge from any Sales Tax Division 
Office, Department of National Revenue. 


The Form of Tender for this Contract gives effect to the above 
stated exempting provision, and must be completed exactly as 
directed therein. All spaces in the Form of Tender must be 
completed. 


In the computation of each individual item price for insertion 
in the "Schedule of Quantities and Prices" - for sewerage and 
drainage and appurtenant construction - of the "Form of Tender", 
it is not necessary to show the charge for materials and goods 
separate from the amounts for labour and all other charges. 


Special Note Re: Sewerage and Drainage Systems:- 


If the Contractor purchases taxable goods from wholesalers, 
Sales Tax included, on which he is entitled to a refund, he 
may deduct 25% from his cost price of such taxable goods 

and submit a refund claim for 11/111ths of the balance. On 
similar purchases from retailers, the Contractor may deduct 
50% from his cost price and submit a refund claim for 10% of 
the balance. 


SPECIAL PROVISIONS 
RESPECTING FEDERAL SALES TAX 
AND ONTARIO RETAIL SALES TAX 


1. FEDERAL SALES TAX 


1.2 Watermains and Water Service Construction 


and Appurtenant Work 


All materials required for the performance of watermain and water 
service construction and appurtenant work are properly subject 

to Federal Sales Tax. All such tax shall be included in the 
total price for this work quoted in the "Schedule of Quantities 
and Prices" of the "Form of Tender". 


1.3 Roadway, Sidewalk, Curb & Alleyway Construction 


and Appurtenant Work 


All materials required for the performance of raodway, sidewalk, 
curb and alleyway construction, and appurtenant work are pro- 
perly subject to Federal Sales Tax. All such tax shall be 
included in the total price for this work quoted in the "Schedule 
of Quantities and Prices" of the "Form of Tender". 


2. ONTARIO RETAIL SALES TAX 


Under the ruling 21 of the Ontario Retail Sales Tax Act, all work under 


the Contract is properly exempt from Ontario Retail Sales Tax. 


A proper certificate of exemption will be handed to the successful 
tenderer who, in turn, must purchase all of the components which 

are required to be supplied by him and which enter into and become 
part of the work under the Contract, exempt from Ontario Retail Sales 
Tax, with the exception of mixed concrete and mixed asphalt. 


With respect to mixed concrete and mixed asphalt the Regional Treasury 
Department will provide the successful tenderer with a certificate 
form which must be completed prior to final payment on the Contract. 


To comply with the requirements of Ruling 21, the successful Tenderer 
shall obtain a "Special Permit" for this Contract. This "Special 
Permit'' is obtainable upon application to the Retail Sales Tax 

Branch Office, Ontario Treasury Department, 361 King Street West, 
Hamilton, Ontario. 


ReHeWe 
JANUARY, 1974 


